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SED-5 733-01 


19 September 1962 
MEMORANDUM FOR: Acting Chief, DPD-DD, P 
SUBJECT : Weekly Activities Report for Contracts Staff, 


LY Septesber through 23 September 1961 


i. Action Teens: 


3. Negotiations are scheduled for Friday, 22 September 
1961, relative to F & ¥ overrun on 30 engines. 


&. Negotiations scheduled for 27 - 26 September with M-H 
(Florida) relative to spares provistoning, Flight Test 
gupport, and overhead billing rates. 


¢. Hecsotiations with PPEK for additions] M instruments 
will take pleee within the next four weeks. Siullariy, 
as to O-E. 


a. Ho fine) wort yet from AF on go-ahead for four additional 
A's. Deetsion “expected today. An affirmative decision 
will necessitate negotiations with LM6C, G-E, and 
Avtomatries (Fairehil4 will contfnue as subcontractor 
toa LMSC). 


@. Lil - 19 September -- discussions hel4 and agreements 
reached between LAC and AF regarding FY~C2 funding 
required for A-12 and AF-12 comtracte. Aleo, prelininery 
discussions with LaC[ | re entabdlishment 
of target anid ceiling prices on A-12 and AF-l2 at 
eieliest possible dates. Also discussed -~- effects of 
LAC soet increases, including relief’ to overrumiag 


gubconbractors. 
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2. Pending Actions: 


NERY SCE + CORONA Supplemental Activity Program 
(covering C-Triple Program and 
“expanded” MURAL Program) 

AQPION REQUESPEG: 15 March 1901 

SUSPENSS DARE : 25 June 1941 

AGQTION PARTY  : CH/DB/DPD 


Siantd 
25X1A 
Chief, Cantracts Staff, DPD 
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